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Message Text 

UNCLASSIFIED 

PAGE 01 STATE 280537 
ORIGIN FBOE-OO 

INFO OCT-01 EUR- 1 2 ISO-OO A-01 SY-05 /019 R 

DRAFTED BY A/FBO:PWSTANGE:JF 
APPROVED BY A/FBO:PRSEREY 
SY/FO:AHANRAHAN (PHONE) 

EUR/EX:PBOFINGER (PHONE) 

A:RFAULK (PHONE) 

092683 231546Z/53 

R 231442Z NOV 77 
FM SECSTATE WASHDC 
TO AMEMBASSY BERN 
INFO AMCONSUL FRANKFURT 
USMISSION GENEVA 
AMEMBASSY BRUSSELS 

UNCLAS STATE 280537 

FRANKFURT FOR RSS/RTC; GENEVA FOR RSO; BRUSSELS FOR RSO 
E.O. 11652: N/A 
TAGS: ABLD, ASEC 

SUBJECT: ANTI-TERRORISM - FBO FUNDED PROJECTS -ER PROPERTY 
NO. X02002 

REF: A) BERN 5405; B) LTR AMB WARNER-SEREY OCT 31; 

C) STATE 268701 

1 . THE FOLLOWING ANTI-TERRORISM PROJECTS SUBMITTED BY 
REFERENCE(B) HAVE BEEN REVIEWED IN FBO WITH COMMENTS AS 
INDICATED BELOW. 

2. REMOTE CONTROL AUTOMATIC VEHICLE GATE: THE GATE OPER- 
ATERS AS PROPOSED AT ESTIMATED COST OF DOLS. 16,500 APPEARS 
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QUESTIONABLE AND IS CONSIDERED TOO EXPENSIVE A SOLUTION. 

BECAUSE OF CONTINUED WORLD-WIDE PROBLEMS IN COST, OPERA- 
TION AND UPKEEP OF GATE OPERATERS FOR HEAVY IRON SWINGING 
GATES, FBO HAS STUDIED VARIOUS SYSTEMS FOR REALIABILITY 
AND COST CONSIDERATIONS. IN YOUR AREA, FBO RECOMMENDS 
GATE OPERATERS SIMILAR TO THOSE USED AT ENTRANCE TO LOBBY 
OF EMBASSY BRUSSELS WHICH ARE MODEL NO. SP500.12 AD 
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MANUFACTURED BY MAGNETIC ELEKTROMOTOREM GMBH, FELDBERG- 
STRASSE 17, POSTBACH 28, D-7867 MAULBURG, W. GERMANY BE 
USED. THESE ARE SCREW-TYPE LINEAR ACTUATERS WITH A FORCE 
OF 500KG AND COST SHOULD BE MUCH LESS THAN THOSE PROPOSED 

BY EMBASSY BERN. GENEVA RSO SHOULD CONSULT WITH RSS 
FRANKFURT AND RSO BRUSSELS. SUBMIT DETAILED PROPOSAL 
AND FIRM COST ESTIMATE FOR CONSIDERATION. 

3. EXTERIOR LIGHTING: AUTHORIZED PURCHASE INSTALL 
ADDITIONAL LIGHT FIXTURES AS PROPOSED AT COST DOLS.5,500 
EXCEPT INCLUDE NEW DEAD FRONT CIRCUIT BREAKER PANEL AND 
MINIMUM WIRE SIZE SHOULD BE 2.5 SQUARE MILLIMETER COPPER 
CONDUCTORS IN CONDUIT. 

4. SAFE HAVEN: AUTHORIZED PREPARE SAFE HAVEN AREA AS 
PROPOSED AT COST DOLS 0 EXCEPT STEEL PLATE FOR DOOR 
LINING MUST BE MINIMUM 1/4 INCH (6MM) THICKNESS. BEFORE 
PROCEEDING PLEASE CLARIFY EMERGENCY EXIT FACILITIES AND 
PROCEDURES AND REPORT WHETHER THERE ARE TELEPHONE AND/OR 
RADIO FACILITIES IN AREA. 

5. AS INDICATED REFERENCE (C) THE REMODELING OF THE 
BUTLER'S QUARTERS IS NOT CONSIDERED A PROPER ANTI-TERRORISM 
PROJECT BUT WILL BE CONSIDERED SEPARATELY AS A MINOR 
IMPROVEMENT UPON CLARIFICATION FOLLOWING CONSIDERATIONS. 
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SKETCH SUBMITTED INDICATES STRUCTURAL AND/OR CHIMNEY-FLUE 
WALL TO BE PARTIALLY REMOVED FOR SECONDARY (INTERIOR) 
ACCESS. SUBMIT DETAILS OF REINFORCING BEAMS TO BE 
INSTALLED. ALSO COST ESTIMATED AT DOLS. 15,300 APPEARS 
EXTREMELY HIGH FOR SCOPE OF WORK INVOLVED; PLEASE SUBMIT 
ITEMIZED COST PROPOSAL. 

6. XJ-33276, ALLOTMENT DOLS.13,600 

CODE 212 FOLLOWS FOR EXTERIOR LIGHTING AND SAFE 
HAVEN PROJECTS AS AUTHORIZED ABOVE. 

7. RSO GENEVA MEMORANDUM OF OCTOBER 17 ALSO RECOMMENDED 
INSTALLATION PERIMETER FENCING. IF AMBASSADOR CONCURS, 
PLEASE SUBMIT DETAILED COST PROPOSAL FOR CONSIDER- 
ATION. 

8. SEPARATE MESSAGE FOLLOWS ON SUBJECT PROPOSED NEW 
CHANCERY. CHRISTOPHER 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 -Jan-1 994 12:00:00 am 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Sent Date: 23-Nov-1977 12:00:00 am 
Decaption Date: 01 -Jan-1 960 12:00:00 am 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 -Jan-1 960 12:00:00 am 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1977STATE280537 

Document Source: CORE 

Document Unique ID: 00 

Drafter: PWSTANGE:JF 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Expiration: 

Film Number: D770435-0007 
Format: TEL 
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Handling Restrictions: n/a 
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ISecure: 1 
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